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Message Text 



UNCLASSIFIED 

PAGE 01 KABUL 05091 120505Z 
13 

ACTION FBO-OI 

INFO OCT-OI NEA-05 ADP-00 /007 W 

059941 

R 120427Z JUL 73 
FM AMEMBASSY KABUL 
TO SECSTATE WASHDC 4129 

UNCLAS KABUL 5091 

ALSO FOR NEA/EX 

E.O. 11652: N/A 
TAGS: ABLD, AF 

SUBJECT: PROPERTY 05404 - DCM'S RESIDENCE - ELECTRICAL REPAIRS. 

1. SUBJECT PROPERTY NEEDS URGENT REWIRING AS EXISTING POWER 
LINES HAVE BECOME TOO OLD AND ARE SHORTING OUT FREQUENTLY. 
SERVANTS QUARTERS ALSO NEED TO BE PROVIDED WITH BETTER ELECTRICAL 
FACILITIES. WORK WAS INCLUDED IN BOTH THIS YEAR AND LAST YEAR'S 
BUDGET ESTIMATES. LAST YEAR, PROJECT COULD NOT BE INITIATED DUE 

TO INCONVENIENCE OF OCCUPANT. OCCUPANT, MR. LEWIS, CDA, IS 
SCHEDULED TO PROCEED ON HOME LEAVE THIS MONTH. POST CONSIDERS 
IT DESIRABLE TO COMPLETE THIS WORK WHILE OCCUPANT IS ON HOME 
LEAVE. ESTIMATED COST IS US$2300.00. ESTIMATE INCLUDES COST OE 
REMOVING EXISTING WIRING, INSTALLATION OE NEW WIRING, REPLASTERI- 
NG OE WALLS. 

2. POST PLANS TO PROVIDE NEW BATHROOM FIXTURES AND RENOVATE 
EXISTING GUEST BATHROOM. PRESENT FACILITIES ARE OLD AND NEEDS 
CONSIDERABLE RENOVATION. 

3. WITH ABOVE RENOVATIONS, POST ALSO INTENDS TO PAINT 
EXTERIOR AND INTERIOR OE HOUSE. 

4. WHILE ITEM 3 WILL BE UNDER M&R, POST NEEDS EUNDING FOR 
ITEMS I AND 2 AS FOLLOWS: 



ITEM 1 - ELECTRICAL REPAIRS : US$2300.00 
UNCLASSIFIED 

UNCLASSIFIED 
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ITEM 2 - PLUMBING WORKS : US$I500.00 
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TOTAL ITEM 1 AND 2 : US$3800.00 

5. TELEGRAPHIC APPROVAL AND PENDING DATA REQUESTED. 

6. OM COVERING 6 PAM 733 POLLOWS. LEWIS 

UNCLASSIPIED 

NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 12 JUL 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973KABUL05091 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: KABUL 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730738/aaaabbxg.tel 

Line Count: 66 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: collinpO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 12 DEC 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <12-Dec-2001 by thomasv0>; APPROVED <07 FEB 2002 by collinp0> 

Review Markings: 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: PROPERTY 05404 - DCM'S RESIDENCE - ELECTRICAL REPAIRS. 

TAGS: ABLD, AF 
To: STATE 
Type: TE 
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